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MEMORANDUM FOR THE RECORD 


° 


SUBJECT + Concurrence in Definitive Cogtract No, NY-B-51116 with 
Baird-Atomic, Inc., Project = 


1, This memorandum containe recommendations for the approvel 
of the Project Director. Such recommendations are 4neluded in 
paragraph 6, below. 


2, Letter Contract NY-B-S111C dated 15 June 1957 provides for 
50 type Sill Periscope sextants, viewing heads and related services, 
and is in the amount of MEM This letter contract was 
negotiated on behalf of the Department of the Navy, and because of 
pricing information to become available on prior units produced, 4 
fixed price definitive contract was contemplated. 


3. On 30 and 31 July 1957 meetings were held to review the 
Contractor's proposed fixed price of $8,700.00 per unit which 
price included the viewing head and other miscellaneous items. 
Mr, ES Aic Force Auditor, Comdr. OOM Navy Bur. fer. 
representative and the undersigned discus down 
with Contractor's representatives Messrs, 
(Comptroller), 


Attached as 


" Exhibit "A" is a comparative analysia ween the contract costs 


and those now proposed for this procurement. 


4. The aforementioned Government representatives, after 
discussions, agreed unanimously that the proposed fixed price was 
fair and reasonable for Items 1 through 5. Items 6 (spare parts) 
end 7 (modification of plexiglass panels) cannot be fixed at this 
time, In addition, additional services over end above the 6 visits 
contemplated and installation of the sextents in the respective 
aircraft should be covered by subsequent contracts. 
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6, Approval of Definitive Contract No. N¥B-5111C and 
execution thereof on behalf of the Agency by the authorized 
Project Contracting Officer is recommended. 
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CONCURRENC£S = 


WE 


Approvel requested in 
paragraph 6, granted. 


a M. BISSELL, JR. 


SA/PC/DGI = Project Director 


SA/PC/DCI HR bas (9/13/57) 
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